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SUBJECT: LATEST REVISION OF GREEK POWER DEVELOPMENT PLAN 
REF: A. 77 ATHENS 3409, B. 76 ATHENS 9750, C. 75 ATHENS 4505 

1 . EMBASSY HAS OBTAINED FROM THE PLANNING DIVISION OF PUBLIC 
POWER CORPORATION (PPC) LATEST TENTATIVE REVISION OF ITS TEN- YEAR 
POWER DEVELOPMENT PLAN. WHICH SUPERSEDES THE PLANS SUBMITTED 
IN REFTELS. 

2. PLAN'S TIMETABLE FOR COMMENCEMENT OF OPERATION OF 
PROPOSED POWER UNITS IS PROVIDED BELOW. 

A. FEBRUARY 1981 - GHIONA: 6MW HYDROELECTRIC UNIT 

B. DECEMBER 1981 - ASOMATA: 108MW HYDRO UNIT 

C. DECEMBER 1981 - SFIKIA I: 105 MW HYDRO UNIT 
(BID DEADLINE: 25 APRIL 1978) 

D. MARCH 1982 - SFIKIA II: 105 MW HYDRO UNIT 
(BID DEADLINE 25 APRIL 1978) 
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E. JUNE 1982 - SFIKIA III: 105 MW HYDRO UNIT 
(BID DEADLINE: 25 APRIL 1978) 

F. OCTOBER 1982 - AGIOS DEMETRIOS I: 300 MW 
LIGNITE -BURNING UNIT 

(BID DEADLINE: 18 JULY 1978) 

G. JANUARY 1983 - STRATOS I: 85 MW HYDRO UNIT 

H. APRIL 1983 - STRATOS II: 85 MW HYDRO UNIT 
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I. JULY 1983 - AGIOS DEMETRIOS 1 1: 300 MW 
LIGNITE-BURNING UNIT 

(BID DEADLINE: 18 JULY 1978) 

J. JUNE 1984 - PIGAI I: 105 MW HYDRO UNIT 

K. SEPTEMBER 1984 - PIGAI II: 105 MW HYDRO UNIT 
I. OCTOBER 1984 - AGIOS DEMETRIOS IH: 300 MW 

LIGNITE -BURNING UNIT 

M. JANUARY 1985 - THESSAUROS I: 172 MW HYDRO UNIT 

N. JANUARY 1985 - AGIOS GEORGIOS I: 120 MW HYDRO UNIT 

O. JANUARY 1985 - SIKIA I: 80 MW HYDRO UNIT 

P. MARCH 1985 - AGIOS DEMETRIOS IV: 300 MW 
LIGNITE-BURNING UNIT 

Q. MARCH 1985 - AGIOS GEORGIOS II: 120 MW HYDRO UNIT 

R. MAY 1985 - THESSAUROS II: 172 MW HYDRO UNIT 
SS. MAY 1985 - SIKIA 11:80 MW HYDRO UNIT 

T. MAY 1985 - AGIO S GEORGIOS III: 120 MW HYDRO UNIT 

U. OCTOBER 1985 - AMYNDEON I: 300 MW LIGNITE-BURNING UNIT 

V. MAY 1985 - AMYNDEON II: 300 MW LIGNITE-BURNING UNIT 

W. JULY 1987 - AGIOS DEMETRIOS V: 300 MW LIGNITE- 
BURNING UNIT 

X. OCTOBER 1987 - NUCLEAR UNIT OF 600 MW (PREQUALIFICATION) 

3. PLAN INCLUDED ALSO THREE HYDRO UNITS OF 100 MW EACH, POURNARI I, 
II AND III, WHICH ARE SCHEDULED TO START OPERATION IN DECEMBER 1979, 
MARCH 1980 AND JUNE 1980 RESPECTIVELY, AND TWO LIGNITE-BURNING 
UNITS OF 300 MW, KARDIA III AND IV, WHICH ARE SCHEDULED TO BEGIN 
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OPERATION IN NOVEMBER 1980 AND MAY 1981 RESPECTIVELY. THESE 
UNITS WILL BE SUPPLIED AND INSTALLED BY A USSR-LED CONSTORTIUM TO 
COMPENSATE THE RUSSIANS FOR THE ABANDONED PHILIPPI PEAT PROJECT. 
ADDITIONALLY THE PPC PLAN INCLUDES A 300 MW LIGNITE-BURNING UNIT, 
MEGALOPOLIS IV, FOR THE SUPPLY AND INSTALLATION OF WHICH TENDERS 
WERE SUBMITTED IN 1977, PENDING AWARDING OF THE CONTRACT. 

4. THE PLAN IS DESIGNED TO INCREASE BY 1987 CURRENT 
INSTALLED CAPACITY OF 4,800 MW BY 5,538 MW, BRINGING 
TOTAL TO 10,338 MW. INSTALLED CAPACITY OF LIGNITE-BURNING 
UNITS WOULD INCREASE 170 PERCENT FROM CURRENT 1,800 MW 
TP 4,800 MW. INSTALLED CAPACITY OF HYDROELECTRIC UNITS, 

NOW TOTALLING 1,415 MW, WOULD INCREASE BY 1,938 MW TO 
3,353 MW. AS THE PLAN INDICATES, NO ADDITIONS TO THE 
EXISTING OIL-FIRED UNITS TOTALLING 1,550 MW ARE PROPOSED. 

THERE MAY BE NEED, HOWEVER, FOR FOUR TO SIX GAS TURBINES 
OF 50 MW EACH IN 1979, DEPENDING ON THE PRECIPITATION. 

THERE ALSO MAY BE NEED FOR SMALL OIL-FIRED UNITS FOR 
ISLANDS NOT CONNECTED WITH PPC'S POWER GRID. 

MCCLOSKEY 


UNCLASSIFIED 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


NNN 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 jan 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: DEVELOPMENT PROGRAMS, PUBLIC UTILITIES 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 15 mar 1978 

Decaption Date: 01 jan 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 jan 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978ATHENS02135 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D7801 16-0425 
Format: TEL 
From: ATHENS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t19780368/aaaacfgd.tel 

Line Count: 113 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: 79fb6dc7-c288-dd11-92da-001cc4696bcc 

Office: ACTION EUR 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 

Reference: 77 ATHENS 3409, 76 ATHENS 9750, 75 ATHENS 4505 

Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 1 5 mar 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3330304 
Secure: OPEN 
Status: NATIVE 

Subject: LATEST REVISION OF GREEK POWER DEVELOPMENT PLAN 
TAGS: BEXP, BENC, ENRG, TECH, GR 
To: STATE 
Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/79fb6dc7-c288-dd1 1 -92da-001 cc4696bcc 
Review Markings: 

Sheryl P. Walter 
Declassified/Released 
US Department of State 
EO Systematic Review 
20 Mar 2014 

Markings: Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



